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Message Text 



UNCLASSIFIED 

PAGE 01 VIENNA 07599 310639Z 
11 

ACTION FBO-08 

INFO OCT-01 EUR-06 ISO-OO A-01 M-02 /018W 

122048 

R 301449Z AUG 74 
FM AMEMBASSY VIENNA 
TO SECSTATE WASHDC 3638 
INFO AMEMBASSY PRAGUE 

UNCLAS VIENNA 7599 

DEPT FOR FBO/RUSSILLO, INFO EUR/EX/GEISEL; PRAGUE FOR 
KEITHLY 

EO 11652: NA 

TAGS: ABLD, CZ 

SUBJ: CONGEN BRATISLAVA 

REF : PRAGUE 2078 

EMBASSY HAS HAD DISCUSSIONS WITH FIRM THIERGARTNER AND 
FIRM LANG RE VARIOUS PROBLEMS THAT HAVE ARISEN IN BRATISLAVA: 

L FIRMS THIERGARTNER AND LANG STARTED WORKING IN BRATISLAVA 
AUG 26, BUT TO DATE NO WORKERS FROM CZECH FIRMS HAVE SHOWED 
UP. AUSTRIAN FIRMS CAN WORK FOR ONLY APPROXIMATLEY TWO WEEKS 
IF CZECH FIRMS DO NOT SHOW UP. 

2. PRESENT CITY POWER CONNECTION TO CONSULATE IS GOOD FOR ONLY 
3 KVA. AND FIRM LANG HAS SAID ELECTRICAL SERVICE MUST BE AT 
LEAST 50-55 KVA. LANG SAID THIS WAS DISCUSSED WITH RUSSILLO 
WHILE LATTER WAS IN VIENNA. LANG DOES NOT THINK CABLE CONNECTION 
SHOULD TOTAL DOLS 20.312. 

3. AS 29TH AND 30TH WERE CZECH HOLIDAYS AND 9/2 IS AMERICAN 
HOLIDAY, WE HAVE NOT BEEN ABLE TO TAKE ANY ACTION ON ABOVE. 

4. HNILA, LANG AND ZIMMERMAN ARE PROCEEDING TO BRATISLAVE 9/4 
AND HAVE REQUESTED HERR LISCIK OF SPRAVA TO HAVE REPS OF 
ELECTRIC, TELEPHONE AND OTHER CZECH FIRMS INVOLVED WITH 
UNCLASSIFIED 

UNCLASSIFIED 
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RENOVATION PRESENT AT 10:00 A.M. WHEN THEY WILL DISCUSS 
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SPRAVA ESTIMATE AND OTHER PROBLEMS THAT HAVE ARISEN. 
MOWINCKEL 



UNCLASSIFIED 



NNN 
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Message Attributes 
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Copy: SINGLE 

Draft Date: 30 AUG 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974VIENNA07599 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D740242-0353 
From: VIENNA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 
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Line Count: 63 
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